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2 FEB 1983 


REAL ESTATE AND CONSTRUCTION DIVISION WEEKLY REPORT FOR 
PERIOD ENDING 2 FEBRUARY 1983 


1. Progress Report Tasks Assigned by the DCI/DDCI: 


None 


25X1 


25X1 

25X1 

25X1 


2 . Items or Events of Major Interest that have Occurred During 
the Preceding Week : 

a. Parking Reconfiguration - The work on removal 

of curbs and islands Is 751 complete . Over Super Bowl weekend 
the lines on the garage deck were removed, the lines below 
the deck repainted, and the main lot lines relocated. Improve- 
ments for the lighting for the main lot are being negotiated 
with the aim of adding six more lights. 


25X1 
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c. | Building - The final lease document 

has been submitted to Logistics § Procurement Law Division/OGC 
for approval. Weekly meetings of the contractor and 
representatives of Agency components involved in alterations 
are continuing to ensure that work does remain on schedule. 

At the last meeting, RECD was advised by the contractor's 
representative that he would expect the top floor to be 
complete a nd ready for turnover to us by mid to late 
February. _ 

3. Significant Events Anticipated During the Coming Week: 


25X1 


None 


25X1 
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